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Town of Arlington, Massachusetts 
730 Massachusetts Ave., Arlington, MA 02476 
Phone: 781-316-3000 

webmaster@town.arlington.ma. us 


Building Committee Minutes 09/04/2007 


PRESENT: John Cole, Chair; William Shea, Vice Chair; Robert Juusola , Mark Miano; 
Suzanne Robinson, Brian Sullivan; 

ABSENT: Sue Mazzarella; Charles Stretton, Joseph Curran 
PARTICIPANTS: Greg Carell, Allan McEwen 

Meeting was called to order at 7:30 p.m. 

PARK CIRCLE FIRE STATION 


The Committee reviewed Change Order #7 for an additional retaining wall for the emergency generator. The estimated cost was 
$2,452. The architect recommended that we approve this change order. The committee unanimously accepted his 
recommendation. 


The anticipated occupancy of the Park Circle Fire Station will be the middle of October. 

DALLIN SCHOOL 


At the previous meeting the Committee approved the final invoice to Castanga Construction. It has been customary for the 
Committee to vote to turn the completed building over to the School Department. John Cole was authorized to prepare a letter to this 
effect. 

OTHER BUSINESS 


Minutes of August 7, 2007 were amended and approved. August 21, 2007 minutes were approved as submitted. 
Meeting adjourned at 830 p.m. 

Respectfully submitted, 

Bill Shea 


http://www.arlingtonma.gov/Public Documents/ArlingtonMA BldgComm/2007/10113919F?textPage=l 
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